Fisheries and Oceans Pêches et Océans 
Canada Canada 


ACCEPTANCE BY FISHERIES AND OCEANS CANADA 


The tender from Heavy Metal Marine Ltd. 699 Stebbings Rd Shawinigan Lake. BC VOR 2W3 


dated September 24, 2019, revised October 9, 2019 is hereby accepted on behalf of Canada 
represented by the Minister of Fisheries and Oceans (referred to in the contract as the “Minister’): 
Digitally signed by 
Mo rg an Morgan Marchand 
Date: 2019.10.16 
Marchan d 15:30:51 -03'00' 


Morgan Marchand, Senior Contracting Officer 


For the Minister: 


Contract Date: October 17, 2019 


Contract Completion Date: February 28, 2020 


This Contract NO.: F5211-190362 — Steveston (Gulf of Georgia) Float Reconstruction Phase 2 
has been executed on behalf of the Contractor and Canada by their duly authorized officers. 


CONTRACT AMOUNT: 


$ 261,630.00 Amount of the GST or HST is extra. 


If the contract amount is different of the amount indicated at the Combined Price Schedule 
enclosed, please indicate hereafter the reason for the difference between the amount 
quoted and the contract amount 


CONTRACT SECURITY 


Contract Security is required when the contract amount is greater than $100,000.00. Contract 
Security shall be submitted in accordance with section GC9 of the General Conditions - 
Construction. 


SECURITY REQUIREMENTS 


There is NO security requirement associated with this requirement. The contractor and/or its 
employees MUST NOT have unescorted access to Fisheries and Oceans Canada facilities, 
vessels and/or restricted access areas. 
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CONTACTS 
CONTRACTING AUTHORITY 


The Contracting Authority is responsible for the establishment of the Contract, its administration 
and its revision, if applicable. Any changes to the Contract must be authorized in writing by the 
Contracting Authority. The Contractor is not to perform work in excess of or outside the scope of 
the Contract based on verbal or written requests or instructions from any government personnel 
other than the Contracting Authority stated below: 


Name: Morgan Marchand 

Title: Senior Contracting Officer 
Department: Fisheries and Oceans Canada 
Directorate: Materiel and Procurement Services 


Address: 301 Bishop Drive, Fredericton, NB E3C 2M6 
E-mail address: Morgan.Marchand@dfo-mpo.g 


PROJECT AUTHORITY 


The Project Authority or Engineer or Project Manager is the representative of DFO for whom the 
Work will be carried out pursuant to this Contract and is responsible for all the technical content 
under the resulting Contract. The Project Authority for this Contract is: 


Richie Chin 

Project Engineer 

Small Craft Harbours, 
Fisheries and Oceans Canada 
200 — 401 Burrard Street, Vancouver 
BC, V6C 354 

Ph: (604) 754-4560 

Fax: (604) 666-7056 

Email: Richie. Chin@dfo-mpo.aqc.ca 


Terms of Payment 


Except if otherwise specified in the Terms of Payment or in any other document that is part of this 
contract, payment will be made upon submission of a detailed invoice and upon acceptance of the 
works by the Project Authority and in accordance with General Condition 5, Terms of Payment. 


Payment by Canada will be made via Direct Deposit to the Contractor’s bank account. 
Invoices shall be addressed to the Administrative Assistant and sent electronically to the following 
address: 


invoices submitted shall be paid in accordance with General Condition 5, Terms of Payment. 
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